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ACTIVITY PROGRAM 


1. PURPOSE: 


To procure spare parts in support of jprocessing and exploitation 
previously procured for Project CORONA. 


2. DESCRIPTION OF WORK OR SERVICES REQUIRED: 


a. Seven (7) sets of spare parts for the Indexing Rectifier 
Printers. 


be One (1) set of spare parts for the Image Enhancement Viewer. 


ec. Two (2) sets of spare parts for the Individual Mensuration 
Viewers. 


d. Design modification to the Image Enhancement Viewer. 


e. Handbook of Operating and Maintenance Instructions for the 
Indexing Rectifier Printers. 


The number of spare part sets is identical to the total number of 
equipments procured from ITEK under Contract No. BB=300 for the 
Agency PIC, Air Force, and Army. The total estimated cost of this 
work is $27,697.86. 

3. EXPECTED ADDITIONAL OR RELATED WORK OR SERVICES: 
None contemplated. 

4. TOTAL ESTIMATED COST: 


The total estimated cost for this work is $27 7097.86 chargeable 
to the Customers as follows: 


PIC=DD/I $16,639.87 
Allot. No. 0155-1010-0000 | 
92 Air Force 10,430.40 
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PIC-DD/I and Army Funds are in process of transfer to the DPD 
Comptroller. The Air Force Funds are presently available to hin. 


25X1A 
5. DELIVERY SCHEDULE OR PERIOD OF PERFORMANCE: 
The spare parts and handbook will be delivered within 60 days 
after receipt of contractual coverage. The modification to the 
viewer will be complete within 4 months thereafter. 
6. REMARKS: 
None. 
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Deputy Director (Plans) Director | 
7. CONDITIONS OF APPROVAL: | 
25X1A 


DDP-~DED~CB ¢ 
Distribution: 
Orig = ¢B/DPD 


mv (8=4=60) | 
4 = CH/IB/DPD 

2 - DD/P 5 - FIN/DPD 

3 - a/CH/DPD 6 ~ Chono 


2 


Approved For Release 2001086 0NER-pops1 B00878R000400110030-8 


